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Week in Review and Lookahead 
Friday, March 5, 2021 
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For GLT, keeping connected with our riders is always a priority. Since ge rs beet Mat Ar Le 
the onset of the pandemic, we have developed new strategies to stay 

connected in a virtual way and be proactive in communicating with riders “Yes, we really | “Just wanted to say 
and neighbors of the Green Line through virtual public meetings, weekly eer | cco A 
email updates, social media posts, and frequent website updates. This “Abby S. -John G. L 
week, we held a virtual public meeting for the 75% design plans for the | 
Symphony Station Accessibility Improvements project. The meeting was ‘Thanks for a great presentation!” 
recor nd i ilable online if ren le to listen in. oe 

ecorded and Is available online if you were not able to listen | titi vs fp penis 
B Branch Station Consolidation © 
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Phase 1: Site Prep & Foundations Phase 2: Inbound Platforms Phase 3: Outbound Platforms 
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Drilled Shafts Pleasant St Station Demolition Babcock St & St Paul St Partial Demo 











16% Ds, 63% 0% 
Completed Completed ae Completed 
¢= Boston College Station Kenmore Station => 
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BABCOCK ST NEW “A” STATION PLEASANT ST ST. PAUL ST NEW “B” STATION BU WEST 
BABCOCK ST STATION AMORY STATION 


Consolidate four (4) existing Green Line stations on the B Branch along Commonwealth Avenue adjacent to Boston University, 
into two (2), fully accessible, brand new stations (Babcock & Amory) 


Vv Last Week | Pleasant St. Station was decommissioned over the weekend. Crews continued to drill shafts and installed 
electrical conduits for the new Amory St. Station 


e Lookahead | Crews will be continuing installation of the drilled shafts, installation of electrical conduit, and final 
demolition of Pleasant St. Station. Crews will also begin utility work at Babcock St. Station 


*Schedule subject to change with weather conditions and in accordance with public health directives 
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Lechmere Viaduct Rehabilitation Project 





1,700 ft of Structural Repairs Underway (12 Spans) 


= Science Park Station Lechmere Station => 
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| 77% | 73% | 71% | 64% | 64% | 64% | 64% | 64% | 66% | 62% | 62% | 23% | 
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Strengthen and preserve the 110-year-old viaduct for heavier loads and increased train frequency 


Vv Last Week | Contractor continued repainting the steel bascule span as well as continued with the timber tie installation 
and structural repairs to piers 


e Lookahead | Crews will focus on installing timber ties at soans 1 and 2 as well as continuing concrete and rebar work 
to rebuild and strengthen exterior walls 


*Schedule subject to change with weather conditions and in accordance with public health directives 
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B Branch Alternative Service | March 5 - 19, 2021 





B Branch shuttle buses replace service between Babcock St and Sse Ss $ & Y o* 
| 7 EOF ES EE FE EEE S 
Kenmore Stations weeknights after 8:45 PM and all day on weekends, e ee fe SS OSX SF SSS 
except for Fridays, March 5, 12, 19 and the weekends of March 6 — 14 Pre ototeriorerioreretarerionre 
when shuttles operate from Washington St. to Kenmore. ma cn 
Learn more about the B Branch service changes at 
diversions/green-line-b 
i i ew og 
E Branch Alternative Service | E Branch shuttle buses replace ORS © 
; area KS & 
service between North Station and Lechmere until Spring 2021 RS See RY 
to allow for work on the Green Line Extension and the Lechmere m4 RE < 
Viaduct Rehabilitation Project TOL aC) 
Learn more about the E Branch service changes at oe eee 
diversions/green-line-e os iia 
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